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1. Subsystem I: —(qpaner) WTCLASSI ED: p02 


Received a copy of Proposed Engineering Change "yy" (RADC Exhibit 
5063) to Rome Air Development Center, Thompson-Ramo-Wooldridge Research 
and Bevelopnent contract for Subsystem I. This Proposal covers the 





. The Lan Was apprised of current AMO ‘Yormats for weapons systens at 
this Headquarters and in conjunction with the using activity,.is in the | 
Process of developing an WSECL for the SAMOS, | | 


3- GSB Technical Direction Meeting: (NCL) 


Majors Billick end Deupsey attended the Gz rigittcal Direction 
Meeting at with representatives of BMD ‘ox ‘21 September 1959. | 


4. Supplementary Data to MOP 72-673: (UNL) | 
SMAMA LAM initiated a document for Supplementary Data to be furnished 
under provisioning Procedures and requested thet this date be inc ted 
as an exhibit to the WS 117L contract. “The data required will be furnished 
by mechanized card fom and_is considered a requirement for IOC II pro- 
cedures. . a | 


5 Overtime Utilization on Satellite Programs: (UNCL) 


-_ The rate of overtime utilized by Lockheed Space and Missile Division 

on the Satellite Systen Programs for August 59 was reduced to 8.9%. this 
indicates a considerable improvement when compared to the 18.5% the con- 
crestor had previously forecasted as being required for August 59. The | 
contractor now forecasts that 10% overtime will be used in September 59, 

and “Dat all subsequent months will be maintained at 8% or beic. 
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6. Visits to Vandenberg AB: (SRCREE) 
Members of this office visited the IMSD facility at Vandenberg 

AFB on 14 September 59 for the purpose of reviewing current Discoverer 
Progrem status and estimate preparedness for the follow-on S4M0S operations. 
Ieunch preparations for Discoverer vehicles are presently delayed pending 
receipt of recovery packages which have been returned to the for 
modification. It is estimated that the next Discoverer launch, based on 
early receipt of a modified recovery package, will be in late September | 
or early October 59. The launch complex for the SAMOS program, which is 
under constxuction by the Navy at Pt. Arguello, was visited. ‘The brick | 
and mortar portion of the blockhouse and Pad I are essentially completed. 
Earth movers were performing grading operations at Pad IT in preparation | 
for pad construction. Major tasks remaining for completion are construction 


installation of the Atlas launcher on Pad I concurrently with site con- 
struction contractor's effort. F U 
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Lt Cole USAF 
Chief, Satellite Systens 
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